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PAGE 01 DAKAR 02623 282358Z 

64 

ACTION SY-05 

INFO OCT-01 AF-08 ISO-OO /014 W 

047709 

R 281510Z APR 76 
FM AMEMBASSY DAKAR 
TO SECSTATE WASHDC 4799 
AMEMBASSY ABIDJAN 

UNCLAS DAKAR 2623 

SECSTATE FOR OIC NAVAL SUPPORT UNIT 

ABIDJAN FOR RSO 

E.O. 11652: N/A 
TAGS: 

SUBJ: SUMMARY REPORT FOR THE MONTH OF APRIL 1976 

REF: (A) NAVSUPPUN INSTRUCTION 3120.1 (SOP) 

(B) DAKAR 2321 

IN ACCORDANCE WITH REFERENCE (A) THE FOLLOWING IS PROVIDED FOR 
ATTENTION OF THE OFFICER IN CHARGE, NAVAL SUPPORT UNIT STATE 
DEPARTMENT 

1. SIGNIFICANT EVENTS: 

RENEGOTIATING OF THE CONTRACT FOR NEW EMBASSY WAS COMPLETED ON 
30 MARCH 1976. THE CONTRACTOR STATE THAT HE WILL FINISH IN 
SEPTEMBER 1976. 

WORK ON SITE HAS SHOWN A GREAT DEAL OF IMPROVEMENT. THE THIRD 
FLOOR IS ABOUT 75 0/0 FINISHED. THE C.C.C. AREA IS STILL AWAITING 
THE ARRIVAL OF SUPPLIES FROM THE STATES. THIS COULD PUSH COMPLETION 
DATE OF CONSEC BACK TILL SEPTEMBER OR OCTOBER. 

THE HOURS OF WORK HAVE CHANGED. WORK BEGINS AT 0715 AND FINISHES 
AT 1900 MONDAY THRU SATURDAY. WE WILL BEGIN WORKING SEVEN DAYS 
A WEEK THE FIRST OF MAY. 
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POIC STILL AWAITING REPLY TO REFERENCE JPAVJL 

2. PROBLEMS: 

SEVEN DAY WORK WEEK 

3. ACCIDENT SUMMARY: 

NONE 

4. MEDICAL AND DENTAL: 

MINOR COLDS 

5. TRAINING CONDUCTED: 

NONE 

6. CORRESPONDENCE AND EXTENSION COURSES: 

NONE 

7. THANKS FOR ALL THE READING MATERIAL SENT TO THIS POST, 
MORALE HERE IS VERY HIGH. 

B. POIC SENDS. 

AGGREY 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: REPORTS 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 28 APR 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976DAKAR02623 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 63-0855 
From: DAKAR 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 976041 2/aaaaajke. tel 

Line Count: 83 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: buchantO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 02 SEP 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <02 SEP 2004 by cookms>; APPROVED <08 DEC 2004 by buchant0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SUMMARY REPORT FOR THE MONTH OF APRIL 1 976 
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